1606                                 UNIT  CONSTRUCTION  COSTS
The ventilators were skidded up onto the roof with hand tackle along a runway, bolted to the purlins and flashed. (See Fig. 18.)
Account 8703.4—Dirt Floor.
This account covers the labor incident to bringing the dirt floor of this building to the required grade. The dirt was wheeled in and tamped in 3-in. layers.
Account 8703.5—Benches.
This account covers the labor and material of making from time to time benches, racks and the like used in this shop.
Account 8703.6—Painting.
This covers the cost of painting all the steel sash one coat of "turkey red." and the woodwork; namely, the under side of the roof two coats of white lead and linseed oil, cream color.
Account 8704—Crane.
This covers the purchase of the crane listed below, the labor of overhauling and erecting it.
One 3-ton hand power traveling crane, chain block transfer type 18-ft. span, complete with roller bushed geared trolley and provided with 3-ton triplex chain block for 13 ft. lift..............................         $378.35
Miscellaneous.................................................             60.06
5.41
Account 8705—Tools.
This account covers the purchase price of the tools enumerated below and the labor required to install them.
Factory Freight        Clifton
1 No. 2 punch and shear, Hilles & Jones........$1,530.00 $435.00    $1,965.00
1 No. 0 bending rolls......................... 580.00 75.00         655.00
One 1,100-lb. steam hammer, Niles-Bement-Pond Co.
1 blower, size 5, type D, American Blower Co... 1,015.00 408.00      1,423.00 One 5-h.p. 440-volt, 3-phase, 60-cycle 1,720-r.p.m.
motor..................................... 160.00 19.90         179.90
1 No. 5 swage block........................................           35.08
1 Peter Wright anvil, weight 497 Ib..........................           70.57
10 in. galv. iron pipe and connections......................         106.63
3 sheets steel, J in. by 48 in. by 120 in........................           16.02
One 2-in. heading, upsetting and forging machine,
Acme Machinery Co........................ 2,790.00 440.70      3,230.70
1 sisco anvil, 407 Ib........................................           46.60
1 Hay Budden anvil, 420 Ib.................................           48.10
40 ft. of 6-in. I-beam.......................................           12.62
Castings..................................................           41.00
Miscellaneous..............................................           29.14
$7,859.36.................................       61.34
